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SUBJECT: SINAI EIELD MISSION STATUS REPORT AS OF COB 10 FEB 

1. RCM-SFM5-12 

A. FACILITIES: THE FLOOR FOR BARRACKS #3 IS COMPLETE AND 
ASSEMBLY OF WALL AND ROOF PANMELS IS WELL UNDER WAY. ERECTION 
OF THIS BUILDING SHOULD BE COMPLETE TOMORROW AFTERNOON. CEIL- 
ING AND PARTITIONING FOR THE CONTRACTORS OFFICE AND LIVING 
QUARTERS IS ABOUT 40 PERCENT COMPLETE. NO PLUMBING FIXTURES 
ARE YET INSTALLED. ERECTION OF THE WAREHOUSE BUILDING IS 
COMPLETE. FINAL GRADING FOR THE DISPENSARY BUILDING IS COM- 
PLETE. THE WATER TANKS WERE NOT HOOKED UP TODAY AS ANTICIPATED, 
BEST INFO IS THAT THEY WILL BE ON THE LINE TOMORROW. NOTHING 
HAS BEEN DONE TO ACTIVATE ADDITIONAL GENERATORS lAW 
YESTERDAY'S REPORT. CURRENT INFO IS THAT THE GENERATORS ON 
HAND DO NOT HAVE FUEL TANKS. HAVE REQUESTED CONTRACTORS TO 
DETERMINE AVAILABILITY. 

B. COMMUNICATIONS: USG COMM IS UP AND OPERATING EFFECT- 
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HAS BEGUN. 

C. WATCH STATIONS: NEGATIVE. 

D. SURVEILLANCE SYSTEMS: ROAD SURVEY MADE OE SENSOR 
FTF.T.D BY USG PERSONNEL. DEMOLITION EXPERTS REQUESTED 
EROM IDE TO BE ON SITE TOMORROW WHEN SENSOR FIELDS ARE 
LAID OUT. SENSOR FIELD LAY OUT TO BEGIN TOMORROW. 

E. EISCAL MATTERS: CONTRACT TERMS AND FISCAL REPORT TO 
10 FEB 1976 lAW CONTRACT TERMS ARE NOT AVAILABLE. ANTI- 
CIPATE REPORT NO LATER THAN 13 EEB. WILL POUCH THROUGH 
AMEMBASSY TEL AVIV TO WASHINGTON ASAP. 

E. PERSONNEL: FOUR FOOD SERVICE PERSONNEL ARRIVED THIS 
AFTERNOON. CORRECTED HEAD COUNT ON USG PERSONNEL IS 
FOUR SENSOR TECHNICIANS WHO ARRIVED YESTERDAY. CUR- 
RENT HEAD COUNT IS AS FOLLOWS: USG: 17, E-SYSTEMS:56, 
ZACHRY:6I (TOTAL: 134). 

G. MISCELLANEOUS: A BUILDING WILL BE PROVIDED AT J-I 
FOR USG AND ISRAELI LIAISON OFFICERS. THIS REQUIREMENT 
IS NOT INCLUDED IN THE SCOPE OF WORK. DISCUSSIONS ARE NOT 
IN PROCESS WITH E-SYSTEMS AS TO THE TYPE OF STRUCTURE TO BE 
PROVIDED. COL.LAYNE. 
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